TANZA WATER DISTRICT 
f&z&f Programs and Projects 2017 


Project Title 

Location 

Beneficiaries 

Approved Budget 
(Contract Price) 

Mode of 

Procurement 

Contractor/ 

Supplier 

Project Status 

Remarks 

Concrete Perimeter Fence 

Pump 9 - Municipal Compound 

TWD 

Php 56,043.00 

By Administration 


Completed 
August 2017 


Procurement of Generator Set (3 
units) 

Pump 1 - Daang Amaya 1 

Pump 7- Paradahan 

Pump 9 - Municipal Compound 

TWD 

3,200,000.00 

2,666,000.00 

Public Bidding 

Applied Systems 
Manufacturing 
Corporation (ASMC) 

Completed Juy 
2017 


Procurement of Chlorine Dioxide 

(4800kgs.) 

TWD Office 

TWD 

1,680,000.00 

1,680,000.00 

Public Bidding 

Me Dean Trading 

On-going Delivery 

Delivery will end 
June 2018 

Roofing of Main Entrance 

TWD Office 

TWD 

45,780.00 

By Administration 


Completed July 
2017 


Excavation, Backfilling with 
Compaction and Pipe Laying 

Paradahan 1 - Ciudad Verde and 

Manggahan 

Concessionaires of 

Paradahan1 

57,534.20 

By Administration 


Completed 
August 2017 


Paradahan ll-Bingwitan 

Concessionaires of 

Paradahan II 

21,948.70 

By Administration 


Completed July 
2017 


Construction of Comfort Room 

Pump 7 - Paradahan 

TWD Employees 

33,940.75 

By Administration 


Completed March 
2017 


Construction of Chlorinator 

House 

Pump 7 - Paradahan 

WRPDD 

3,265.00 

By Administration 


Completed 
January 2017 


Excavation, Backfilling with 

Compaction and Pipe Laying 

Julugan III - Fish Terminal 

Concessionaires of 

Julugan III 

14,730.00 

By Administration 


Completed 
August 2017 


Interconnection of Pipes 

Julugan VI, Tanza, Cavite 

Concessionaires of 

Julugan VI 

9,795.40 

By Administration 


Completed July 
2017 


De Roman - Daang Amaya 1 

Concessionaires of 
Daang Amaya 1 

60,929.10 

By Administration 


Completed May 
2017 

Cabba Subd. - Daang Amaya 1 

Concessionaires of 

Cabba Subd. 

3,680.00 

By Administration 


Completed April 
2017 


Excavation, Backfilling with 
Compaction and Pipe Laying 

Julugan 1, Tanza, Cavite 

Concessionaires of 
Julugan 1 

31,610.00 

By Administration 


Completed April 
2017 


Calle Barado - Punta II 

Concessionaires of 

Calle Barado 

36,983.85 

By Administration 


Completed 
August 2017 
































TANZA WATER DISTRICT 
Programs and Projects 2017 



Project Title 

Location 

Beneficiaries 

Approved Budget 

(Contract Price) 

Mode of 

Procurement 

Contractor/ 

Supplier 

Project Status 

Remarks 

Excavation, Backfilling with 
Compaction and Pipe Laying 

Mia Road - Mulawin 

Concessionaires of 

Mulawin 

16,850.30 

By Administration 


Completed 
November 2017 


Daang Amaya III, Tanza, Cavite 

Felipe Calderon Elem. 

School 

7,365.00 

By Administration 


Completed May 
2017 


Tanza Specialists 

Medical Hospital 

7,365.00 

By Administration 


Completed May 
2017 

Punta II, Tanza, Cavite 

Concessionaires of 

Punta II 

7,365.00 

By Administration 


Completed April 
2017 


Proposed Concrete Perimeter 

Fence 

Amaya II, Tanza, Cavite 

TWD 

1,280,657.60 

1,271,639.72 

Public Bidding 

R.A. Yolangco 
Construction 

On-going 


Excavation, Backfilling with 

Compaction and Pipe Laying 

Julugan III - Fish Terminal 

Concessionaires of 

Julugan III 

14,731.00 

By Administration 


Completed 
August 2017 


Re-painting of interior & 

repairing exterior of Elevated 
Steel Tank 

St. Agustine Village Brgy. Daang 
Amaya II, Tanza, Cavite 

Concessionaires of St. 
Augustine Village 

343,259.00 

Request for 
Quotation 

R.A. Yolangco 
Construction 

Completed 
December 2017 


Re-painting of Elevated Steel 
Tank(lnterior) 

Promise Land Subd. Brgy Bucal, 
Tanza, Cavite 

Concessionaires of 
Promise Land Subd. 


Request for 

Quotation 


Proposed Project 


Summer Crest Subd. Brgy. Sahud- 

Ulan, Tanza, Cavite 

Concessionaires of 

Summercrest Subd. 


Request for 

Quotation 


Proposed Project 


Construction of Canal 

Pump Station 7, Paradahan 1, Tanza, 

Cavite 

TWD 

4,450.00 

By Administration 


Completed July 
2017 


Fabrication of Doors and 

Windows Grills 

TWD Office 

TWD 

23,245.00 

By Administration 


Completed July 
2017 


Flow Meter and Check Valve 

Replacement 

Pump Station 1, Tanza, Cavite 

Concessionaires of 

Tanza 

53,912.50 

By Administration 


Completed 
September 2017 


Concrete Restoration and other 
construction projects 

Tanza Service Area 

Concessionaires of 

Tanza 

48,865.00 

By Administration 


Completed 
December 2017 


Replacement of Electrical wiring 

Pump Station 1, Tanza, Cavite 

TWD 

3,990.00 

By Administration 


Completed July 
2017 


Construction of Electrical Service 

Pole 

Promise Land Subd. Bucal, Tanza, 

Cavite 

TWD 

11,858.00 

By Administration 


Completed 
November 2017 






































